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CONFIDENTIAL USNATO 1739 

E. O. 11652 : GDS 
TAGS: MARR NATO 

SUBJECT: NATO SCREENING OF SLICE XXVI PROJECTS HOSTED BY US NAVY 
REF: NATO DOCUMENT AC/4-D/2368, 21 MAR 75 

BEGIN SUMMARY. NATO INTERNATIONAL STAFF(NIS) RECOMMENDS CERTAIN 
MODIFICATION AND DELETIONS IN PROJECTS PROPOSED BY THE US NAVY FOR 
SACLANT SLICE SSVI. ACTION REQUESTED: CONCURRENCE WITH OR REBUTTAL 
OF HIS RECOMMENDATIONS. END SUMMARY. 

1. NIS HAS PUBLISHED IN REF DOCUMENT RECOMMENDATIONS TO 
INFRASTRUCTURE 

COMMITTEE FOR MODIFICATION OF US PROJECTS AS FOLLOWS: 

A. SERIA IN. DEFLAVIK ENGINE TEST FACILITY, REDUCED FROM IAU 1 13,500 
TO 50,000 BY LIMITING PAVED AREA, PROPOSING 50/50 COST SHARING, 
QUESTIONING ELIGIBILITY OF SERVICE BUILDING, AND ELIMINATING 
WASTE OIL TANK. 
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B. SERIAL IB, DEFLAVIK CORROSION CONTROL FACILITY, REDUCED FROM 
IAU 439,000 TO 360,000 BY REDUCING HEIGHT AND CHANGING ESTIMATE. 

C. SERIAL 1C, DEFLAVIK FIRE PROTECTION ELIMINATED FROM SLICE 
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AS NATIONAL RESPONSIBILITY. 

D. SERIAL ID, DEFLAVIK GROUND SUPPORT EQUIPMENT SHED, REDUCED 
FROM IQU -107,000 TO 80,000 BY LIMITING PAVEMENT TO400 SQUARE METERS. 

E. SERIAL 5, LANGLEY, AIRBORNE COMMAND SUPPORT FACILITIES 
REDUCED FROM IAU 585,000 BY QUESTIONING THE US PROPOSAL OF 50/50 

COST SHARING SINCE FACILITY APPEARS TO PROVIDE FOR MORE THAN REQUIRED 
TO SUPPORT THE STATED NATO/US NEED, AND BY CASTING DOUBT ON 
ELIGIBILITY OR AT LEAST SIZE OF ALERT CREW FACILITY. NIS ALSO 
REQUESTS THAT US PROVIDE LAYOUT OF THESE PREFINANCED PROJECTS IN 
ORDER TO MAKE MORE DETAILED STUDY. 

F. SERIAL 16, HVALFJORDUR, MESSING FACILITIES, IS RETAINED AT 
IAU 1 13,000 SUBJECT TO COMMITTEE RULING ON ITS EXCEPTIONAL 
ELIGIBILITY 

FOR COMMON FUNDING BECAUSE OF LOCATION. 

2. REQUEST CINCLANT PROVIDE US NATO INFORMATION TO REBUT 

NIS COMMENTS OR, ALTERNATELY, AGREEMENT TO PROPOSED MODIFICATIONS. 

PEREZ 

CONFIDENTIAL 


« END OF DOCUMENT » 
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